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SUBJECT: Request for Proposal / RFP #142F-20 / Midlife Overhaul of 60 New Flyer 
Forty-Foot Hybrid Buses 


Addendum No. 3 
Dear Bidders: 
Please be advised that the above has been amended and/or clarified as shown on the attached 
that is made a part of herein. 


Acknowledgment of this Addendum must be so noted on your proposal submittal. 


ALL ELSE REMAINS AS PREVIOUSLY STATED. 
Sincerely, 


Joe Flynn 
Sourcing Executive 


Attachment 


Massachusetts Bay Transportation Authority 
Ten Park Plaza, Suite 3910, Boston, MA 02116 
www.mbta.com 


RFP 142F-10 Midlife Overhaul of 60 New Flyer Forty-Foot Hybrid Buses 


RFP 142F-20 (Page 33) Section 3.3. Performance Guarantee 


The Performance Guarantee requirement has been reduced from 15% to 8%. Please revise the 
first section of 3.3 to read as follows: 


“A Performance Guarantee in the amount of 8% of the contract shall be required by the 
Authority prior to execution of the Contract, unless otherwise agreed to by the Authority, to 
ensure the faithful performance of the Contract. The Performance Guarantee may be either a 
Performance Bond or an Irrevocable Stand-By Letter of Credit. The minimum requirements to 
be met by either performance guarantee are: 


e The Performance Guarantee remains valid and in force until the 60" bus is accepted for 
revenue service. 

e The Bidder must certify in writing with its proposal that an 8% Performance Bond or an 
Irrevocable Stand-By Letter of Credit will be furnished should the Bidder become the 
successful Contractor. 


Prior to the execution of a Change Order for the Overhaul of 156 MBTA buses (OPTION 6), 
the Contractor must obtain and present evidence to MBTA of a Performance Guarantee in the 
amount of 8% of the Change Order value. This Performance Guarantee must remain valid and 
in force until all Option 6 Overhauled Vehicles are accepted for revenue service.” 


Technical Specification No. VE20-051: Attachment #1 “VE20-51 — Tracking and Request 
Forms 


Please replace the current Technical Specification Attachment #1 with the correct Attachment 
#1 entitled “VE20-051-Tracking and Request Forms.” 








General 


The RFP 142F-20 PreBid Attendance List will also be posted to COMMBUYS Bid# BD-21- 
1206-40000-40000-56470. 


All Else Remains As Previously Stated 


